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1. PURPOSE (General statement of what work or taska a are to » to be @ accomplished. ) 9 ie 1 1959 


To provide additional funds to Perkins-#lmer (SC-56-42) which has encountered an 
over run in subject contract due to an increase of parts requiring overhaul and 
repair. 


DESCRIPTION OF WORK OR SERVICES REQUIRED (Outline firm tasks, showing contractors and contract price under each 
task. A task is "firm" when the scope of work is known, when a contractor has been selected, and when the price is! 
known within 10%.) 


Maintenance and Overhaul:[ | Perkins-Elmer sc~56-2 
Provide maintenance and overhaul of Perkins-Elmer peculiar items returned from 
detachments and depot. 


2. 
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3. EXPECTED ADDITIONAL OR RELATED WORK OR SERVICES (Outline is this section expected tasks which are not definite 
enough to qualify as "firm" in Section 2 above.) 

Provide for TWX machine monthly rental included 55 above total. 
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TOTAL ESTIMATED COST (Include statement on avai lepildty: oF fund's. ) 
Maintenance and Overhaul and TWX el 25X11 | 
Funds are available. Py 


5. DELIVERY SCHEDULE OR PERIOD OF PERFORMANCE 


This date through 30 June 1959. 


4. 
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6. REMARKS (Include any statements that clarify eeane nature of approval requested. ) 
Ref. — Perkins~Elmer indicate an expenditure of over and above the 
present amount of[ _—_—obligated on their Repair and Overhaul contrect. Perkins~ 
jmer report expenditures of through 31 January 1959. They report costs 


ave increased due to increase in parts sent back for repair _and also the charging 
of the TWX installation and monthly rental to this contract 
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AUTHORIZED . REQUESTER 


APPROVED: ~o¥-RECOUMMENDHD—-OR-APPROVAT AFPROVED: 
(Approving officer strike out one) 


RICHARD M. BISSELL, JR. re {. DULLES a oe 


Deputy Director (Plans ) 
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